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ACTION ISO-00 

INFO OCT-OI ARA-14 A-OI FBOE-00 STE-OI /0I7W 

094430 240041Z/20 

P 240035Z MAY 78 

FM AMEMBASSY MEXICO 

TO SECSTATE WASHDC PRIORITY 0416 

UNCLAS MEXICO 08588 


Message Text 


FOR A, A/FBO, A/O/ISO, ARA/MGT 

EO 1 1652: N/A 

TAGS: ABLD, AFSP, AINF 

SUBJECT: INSTALLATION OE COMPUTER SYSTEM 

REE: STATE I269I5 

1. EMBASSY CONCERNED REGARDING REQUESTED SITE PREP BY 
JULY 15. UNLESS DEPARTMENT AUTHORIZES AND FUNDS WORK 
DESCRIBED BELOW BY COB MAY 25, WE WILL NOT RPT NOT BE ABLE 
MEET JULY 15 DATE. 

2. SITE FOR COMPUTER ROOM REQUIRES FOLLOWING WORK BEFORE 
IT CAN BE MADE AVAILABLE TO CONTRACTOR WHO WILL DO 
SPECIALIZED WORK. 

A. REMOVE EXISTING PARTITIONS, DOORS, FRAMES, LIGHT 
FIXTURES, FALSE CEILING AND A/C DUCTING, IN AREA OF COMPU- 
TER ROOM. SEAL THREE SQUARE METER HOLE IN SLAB WITH 
APPROPRIATE REINFORCING. COST $2,215. 

B. PROVIDE NEW 1.5 SQUARE METER OPENING IN SLAB IN 
ACCORDANCE INARCO DESIGN. COST $445. 

C. RELOCATE AIR HANDLER FROM COMPUTER ROOM SITE TO 
UNCLASSIFIED 
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BASEMENT AND RECONNECT. COST $1,330. 

D. ERECT TWO PARTITION WALLS WITH DOOR OPENING AND 
WINDOW PASS THROUGH IN ACCORDANCE INARCO DESIGN. COST 
$1,820. 

E. NEW EALSE CEILING IN AREA WITHOUT CEILING. COST 
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$1,560. 

F. PROVIDE POWER SUPPLY FOR LIGHTING. COST $575. 

G. REPAIR AND FINISH WALLS. COST $1,015. 

H. REPAIR EXISTING FALSE CEILING. COST $895. 

I. NEW A/C DUCTING EROM RELOCATED AIR HANDLER TO NEW 
OPENING IN SLAB AND RETURN. COST $5,325. 

J. PROVIDE OPENING IN BASEMENT WALL FOR A/C DUCTS. COST 
$240. 

TOTAL COST $15,420. 

3. BIDS REQUESTED EROM FOUR CONTRACTORS TO DO SPECIALIZED 
WORK REQUIRED IN DEPARTMENT'S SPECIFICATIONS. OF THREE 
WHO RESPONDED, ONLY ONE CAN MEET OUR TIME FRAME. 
COINCIDENTALLY, HE IS ALSO LOWEST BIDDER. TOTAL COST 
$23,150. (THIS COST INCLUDES EIRE ALARM SYSTEM). 

4. IN ORDER MEET JULY 15 DATE REFTEL, CONTRACTOR MUST 
BEGIN WORK BY JUNE 19. IN ORDER FOR HIM BEGIN JUNE 19, 

ALL WORK SPECIFIED PARA 2 MUST BE COMPLETED BY JUNE 16. 

IN ORDER TO DO THIS WORK IN PARA 2 MUST BEGIN MAY 29. 

5. INARCO AWARE CONTENTS THIS MESSAGE AND ALL WORK 
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PROPOSED BEING COORDINATED WITH THEM. 

6. ACTION REQUESTED: THAT DEPT APPROVE THIS PROJECT AS 
STATED ABOVE AND AUTHORIZE FUNDS TOTALING $38,570 BY COB 
25 MAY. LUCEY 
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